OUNTRY 


@ © 


on] 


UBIEGT 


NTELLOFAX 25, 


J 


*PLece 
ACGLERED 


DATE OF. 
PFO, 


ce eMaeeTOY 


cep eepe rete OEE: 
SpanrsaTy CPG 


Approved For. Reféisd dodar0ed8—“cik RHP32-00457R611700420004-8 


‘MEORMATION REFORT cpno. 
me 25X1A 
Austria DATE DISTR. «28 May i982 
Heley in the Gonstruction of Fisight Gar NO. OF PAGES 4 


Lifting Stages at Waagner-Biro AG. 


‘J, Construction of the freigh? car Lifting st 


, oH NO. OF ENCLS. 
25X14 25X1A 


_ SUPPLEMENT 7 c= 
25X1X - REPORT NO. 


apes was delayed when it was, 


* 


discovered, during the f inal phase of asseubly, that the 
mountings would not fit the motor drives that were being 


‘added to the framework. fiis error will pecessitate major 


alterations to the basic structure of the stage, co sting a 
minimum of §,000 additional man-hours for the construction of 
the unit. 


One MILLOSCK fnu, a desisner at the Waagner=Bire 4.¢. 
construction office, is accused of hseving purposely prepared 
faulty drawings for the stage. MILLOECKER, who is not a 
menver of the Comaunist Party, has been fired for wilful 
sabotage of the project. Since MILLOSCKuR had nothing to 


do with the basic design of the stage, it is believed that 


his superiors in the construction office are resnonsible 


for the epror in design. 
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